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SUBJECT : foncurrence tn Amendment No. 2 to Contract No. \ar-6524 with 
25X1A2g General Precision Laboratory, Incoxporeted, Flea lie, 
New York, ER. Proiect Caanice (Air Foree) 


1. hie memorandum contains a recommendation submitted for approval 
of the Special Assistant to the Director for Planning and Development. 
Guch recommendation i¢ set forth in Paragraph 6. 


@, Gentract No. H¥-6524 provides for the services of General 
ets laboratory technicians to mintein Air Force Radar Navigation 
yetems. 


3. hie Amendment No. 2 changes the effective date to cover the 
first tech rep, provides additional funds end allows the services of 
three tech reps instead of two. This contract wes continued after June xy, 
1957 through Aix Foree channels in Dayton, Ghio. ere f 

a 


hk. This amendment results in an additional obligation of | 
whieh should be charged to “Ho Year" Air Foree funds for Fiseal Year 1957" 
gervices. By comeurrence to this memorandum the Comptroller ate fies” ~~ 
‘that auffioient fonds are available for this additional obligtion. 


5. Gertifieation of funda for this ecirtract will be handied under 
the procedure approved by the Director of Central Intelitgence on 15 
December 1956, which in effect results in all 10(b) expenses involving 
issuance of Treasury Cheeke being accumulated in a separate account within 
the Finance Division. The ammmts in this account will be periodically 
scheduled for certification of the vouchers by the Director. This procedure 
eliainates the necessity for a separate certification of authority under 
Section 10(b) of Public Iaw 110, Oist Congress, for each contract. 
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6. Approval of Amendment No. 2 te Contract No F-65204 
A ‘ and execution 
‘thereof ay behalf of the Agency = the authorized Contracting Officer is 


 25X1A9a 


Director of D and P, DPS/DCT 
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Comptroiier, DPs/DeY 
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Office of General. dounser / jefis[s€ 


Special Ante ra the Director 
for Planning and Development 
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Distribution: 
Orig. - HF-6524 
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